1644                                 UNIT  CONSTRUCTION  COSTS
2 Burke air break switches.......................*.......      $134.97
Four 200-k.v.a. transformers, ia/200-volt, 440-volt.........     2,999.80
Two 20-k.v.a. transformers, 440-volt, 220-volt.............       304.40
One 20-k.v.a. transformer, 440-volt,  110-volt..............        152.18
Freight on transformers..................................         90.48
Wire, conduit, electrical material..........................       614.04
Transformer oil.........................................       282.34
Miscellaneous...........................................       136.12
$4,714.33 Account 9019—Lighting.
This account covers the material and labor of installing the lighting in the power house. The work was all in conduit.
Forty-eight 250-watt tungstens with reflector. Forty-six 16-c.p. carbon lamps. 610 ft. ll-in. conduit with weatherproof wire No. 12. 1,710 ft.- 1-in. conduit with No. 12 weatherproof wire. 26 ft, brewery cord.
Account 9020—Power House Oiling System.
This covers the cost and labor of installing the power house oiling system. Two GO-gallon feed tanks are so located that the oil is piped to all the engines by gravity. The waste Hows to a water separator, thence through filters into a closed tank, from whence by air pressure it is forced up to the feed tanks.
Account 9021 -Benches, Bolt Racks, Etc.
Under this account were built a number of benches, a rack for bolts, a telephone booth, wrench board, and a number of miscellaneous carpenter jobs about the power house including the replacing of about 50 broken panes of glass. The material account stands as follows:
Coiling lumber.............................................    $8,23
Common lumber...........................,...............    .11.24
GrasH..............................................,......      6.39
Miscellaneous..............................................      5.94
$51.80 Account 9022—Instruments and Gauges.
This account covers the purchase price of the following material, and the labor of installing the same:
3 Tagliabue vacuum gauges...............................    S92.58
10 Tagliabue thermometers................................     92,85
1 vacuum gauge...........,,.........,..................     30.86
1 Bristol pressure gauge..........,.....,.................     25.30
1 Bristol gauge,.........,.................................     22.95
1 Bristol gauge—.............,........................     21.35
1 clock......"...........................................     46.63
Miscellaneous..................................,.........,      10.64
$343.06',.,..,,.,..,,.......______,     .       .......     11,008.92
